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BILL NO. S-77-02- «^2 ( 




SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving a contract 
with E.A. Reim Plumbing and Heating, 
Inc. for Mechanical Conversion of 
Nebraska Community Center. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
7AYNE, INDIANA: 

SECTION 1. That the contract dated February 9, 1977, 
>etween the City of Fort Wayne, by and through its Mayor and the 
Soard of Public Works and E. A. Reim Plumbing and Heating, Inc., 


Mechanical Construction conversion, upgrading to the 
extent required by law, and partial renovation of Old 
Fort Wayne (Fire) Engine House #7, 1716 West Main 
Street, Fort Wayne, Indiana for use as a community center 
and office facility for Nebraska Neighborhood Association 
Allen County Economic Opportunity Council, and allied 
social and governmental agencies. 

for a total cost of $3,640.00, all as more particularly set forth 

in said contract which is on file in the Office of the Board of 

Public Works and is by reference incorporated herein, made a part 

hereof and is hereby in all things ratified, confirmed and 

approved. 


SECTION 2. This Ordinance shall be in full force and 
affect from and after its passage and approval by the Mayor. 



Councilman 



,tp ASIOPOWS 

W-., 







Read the first time in full and on motion by , seconded by 

( rol /r“ ^ - 

and duly adopted, read the second time by title and referred 
to the Committee on _ C/ (and "1 


recommendation; and Public Hearing to be held after 'chlir^ Council 

Chambers7~City-County Building, Fort Wayne, Indiana7~on > , the day 

of —. 1976, at __ T^IociTIpTmTTeTSTT . 


DATE: 


:= ^-J>- 77 




CITY CLERK 

Read the third time in full and on motion by 
seconded by 


and duly adopted, placed on its passage. 


PASSED C OjGg iP) by the following vote: 

NAYS ABSTAINED 


TOTAL VOTES 

AYES 

; | £ | 

BURNS 

i/ 

HINGA 

# 

HUNTER 

i/ 

MOSES 


NUCKOLS 

y 

SCHMIDT, D. 

y 

SCHIMDT, V. 

■ fir 

STIER 

y 

TALARICO 

y 

DATE: 

c^tZ7 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana 
as (ZO N I N G MAP , ) .. 4 GENFR , A L) —(- ANNpKA-XIQN) f SPECIAL) C APPROPRIATION) 

the _day of" 


ORDINANCE C RE- S-OLUTIQN-). -N< 

ATTEST:; , f SEAL) 



CITY CLERK 


"PRESIDING OFFICER 


7 

, 197jT. 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the 


day of 


. 



of 

o'clock M. ,E,3.T 

4 /; /J-f~ _ , ^ 


CITY CLERK 


Approved and signed by me this 


7 

19 7#) 


( ? :£JL - d ay of ^TVla A ftd 


































































































S-77-02-21 


Bill No. 

REPORT OF THE COMMITTEE ON FINANCE _ 

We, your Committee on _ Finance to whom was referred an Ordinance 

approving a contract with E.A. Reim Plumbing and Heating, Inc, for Mechanical 
Conversion of Nebraska Community Center■ 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance 


J)e 


PASS. 


WILLIAM T. HINGA - CHAIRMAN 




































THE AMERICAN INSTITUTE OF ARCHITECTS 



AIA Document A107 

Standard Form of Agreement Between 
Owner and Contractor 

Short Form Agreement for Small Construction Contracts 

Where the Basis of Payment is a 

STIPULATED SUM 

THIS DOCUMENT HAS IMPORTANT LEGAL CONSEQUENCES; CONSULTATION WITH 
AN ATTORNEY IS ENCOURAGED WITH RESPECT TO ITS COMPLETION OR MODIFICATION 

For other contracts the AIA issues Standard Forms of Owner-Contractor Agreements and Standard General Conditions 
of the Contract for Construction for use in connection therewith. 

This document has been approved and endorsed by The Associated Genera! Contractors of America. 


AGREEMENT 

made this 
Hundred and 



Seventy-Seven 


day of 


in the year Nineteen 


BETWEEN the Owner: City of Fort Wayne, Indiana 

(by its Board of Public Works) 

and the Contractor: E. A. Reim Plumbing and Heating, Inc. 

2202 S. Calhoun St., Fort Wayne, Indiana 

the Project: Conversion: Nebraska Community Center 
1716 W. Main St., Fort Wayne, Indiana 


the Architect: 


Michael F. Popp, Architect 

2827 Westbrook Dr., Fort Wayne, Indiana 

APPROVED AS TO EORM AND LEGALITY 


The Owner and Contractor agree as set forth below. pp ? 7 xp 

J. —(, 










ARTICLE 1 
THE WORK 

jntractor shall perform all the Work required by the Contract Documents for 

ien the caption descriptive of the Work as used on other Contract Documents.) 

Mechanical Construction conversion, upgrading to the extent required 
by law, and partial renovation of old Fort Wayne (Fire) Engine 
House jjl , 1716 West Main Street, Fort Wayne, Indiana for use as a 
community center and office facility for Nebraska Neighborhood 
Association, Allen County Economic Opportunity Council, and allied 
social and governmental agencies. 


ARTICLE 2 

TIME OF COMMENCEMENT AND COMPLETION 
The Work to be performed under this Contract shall be commenced 

as soon as possible after the execution of this Agreement 


and completed 

within ninety (90) calendar days after the signing hereof in accordance 
with the schedule of the project’s General Construction Contractor. 

ARTICLE 3 
CONTRACT SUM 

The Owner shall pay the Contractor for the performance of the Work, subject to additions and deductions by Change 
Order as provided in the General Conditions, in current funds, the Contract Sum of 

(State here the lump sum amount, unit prices, or both, as desired.) 

Three Thousand Six ftmdred Forty and no hundredths Dollars ($ 5 ',640.00). 
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ARTICLE 4 

PROGRESS PAYMENTS 


y 0 the A?chitecT S the Owner shall make progress payments on account of the Contract Sum to the Contractor 


one payment only — subject to the final, affirmative recommendation 
of the Architect and the inspection, approval, and acceptance by the 
Board of public Works — to constitute, and as further set forth under, 
"Final Payment" below. 


ARTICLE 5 
FINAL PAYMENT 

he Owner shall make final payment thirty (JO) day* 

he Contract be then fully performed, subject to the provisions of Article 16 of the General Condit.ons. 


ARTICLE 6 

ENUMERATION OF CONTRACT DOCUMENTS 


The Contract Documents are as noted in 

(List below the Agreement, Conditions of the Contract 
Alternates, showing page or sheet numbers in all cases 


Paragraph 7.1 of the General Conditions and are enumerated as follows: 

(General. Supplementary, and other Conditions,. Drawings. Specifications. Addenda and accepted 
and dates where applicable.) 


1. Owner-Contractor Agreement/General Conditions (this AIA Doc. A107); 


2. Federal Affirmative Action Bid Conditions, pg.s 1-22} 

J. Federal Labor Standards Provisions (U.S. Dept, of Housing and Urban 
Development* Doc. HUD-J200), pg.s 1-10; 

4. City of Fort Wayne Equal Employment Opportunity/Affirmative Action 
Statement and program or Certificate in lieu thereof (also 
see Equal Opportunity Clause under Art. 2 6 below); 

Performance and Labor/Materials Payment Bonds; 

6. Specifications/Drawings (totaling 11 large sheets, bound together, 

and variously numbered), dated Aug.'76 and (Sheet J only) 
revised 20 Oct.' 76 , insofar as applicable to this specific 
Mechanical Contract; 

7. Addendum $1 (one small sheet), dated Nov.-Dec.'76J and 

8. Addendum $2 (two small sheets), dated 10 Doc.‘76. 
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GENERAL CONDITIONS 


ARTICLE 7 

CONTRACT DOCUMENTS 

7.1 The Contract Documents consist of this Agreement 
(which includes the General Conditions), Supplementary 
and other Conditions, the Drawings, the Specifications, 
all Addenda issued prior to the execution of this Agree¬ 
ment, all modifications. Change Orders, and written 
interpretations of the Contract Documents issued by 
the Architect. These form the Contract and what is 
required by any one shall be as binding as if required 
by all. The intention of the Contract Documents is to 
include all labor, materials, equipment and other items 
as provided in Paragraph 10.2 necessary for the proper 
execution and completion of the Work and the terms 
and conditions of payment therefor, and also to include 
all Work which may be reasonably inferable from the 
Contract Documents as being necessary to produce the 
intended results. 

7.2 The Contract Documents shall be signed in not less 
than triplicate by the Owner and the Contractor. If either 
the Owner or the Contractor do not sign the Drawings, 
Specifications, or any of the other Contract Documents, 
the Architect shall identify them. By executing the Con¬ 
tract, the Contractor represents that he has visited the 
site and familiarized himself with the local conditions 
under which the Work is to be performed. 

7.3 The term Work as used in the Contract Documents 
includes all labor necessary to produce the construction 
required by the Contract Documents, and all materials 
and equipment incorporated or to be incorporated in 
such construction. 

ARTICLE 8 

ARCHITECT 

8.1 The Architect will provide general administration, 
of the Contract and will be the Owner's representative 
during construction and until issuance of the final Certi¬ 
ficate for Payment. 

8.2 The Architect shall at all times have access to the 
Work wherever it is in preparation and progress. 

8.3 The Architect will make periodic visits to the site 
to familiarize himself generally with the progress and 
quality of the Work and to determine in general if the 
Work is proceeding in accordance with the Contract 
Documents. On the basis of his on-site observations as 
an architect, he will keep the Owner informed of the 
progress of the Work, and will endeavor to guard the 
Owner against defects and deficiencies in the Work of 
the Contractor. The Architect will not be required to 
make exhaustive or continuous on-site inspections to 
check the quality or quantity of the Work. The Archi¬ 
tect will not be responsible for construction means, 
methods, techniques, sequences or procedures, or for 
safety precautions and programs in connection with the 
Work, and he will not be responsible for the Contractor's 


failure to carry out the Work in accordance with the 
Contract Documents. 

8.4 Based on such observations and the Contractor's 
Applications for Payment, the Architect will determine 
the amounts owing to the Contractor and will issue Cer¬ 
tificates for Payment in accordance with Article 16. 

8.5 The Architect will be, in the first instance, the in¬ 
terpreter of the requirements of the Contract Documents. 
He will make decisions on all claims and disputes be¬ 
tween the Owner and the Contractor. All his decisions 
are subject to arbitration. 

8.6 The Architect will have authority to reject Work 
which does not conform to the Contract Documents. 

ARTICLE 9 
OWNER 

9.1 The Owner shall furnish all surveys. 

9.2 The Owner shall secure and pay for easements for 
permanent structures or permanent changes in existing 
facilities. 

9.3 The Owner shall issue all instructions to the Con¬ 
tractor through the Architect. 

ARTICLE 10 
CONTRACTOR 

10.1 The Contractor shall supervise and direct the 
work, using his best skill and attention. The Con¬ 
tractor shall be solely responsible for all construction 
means, methods, techniques, sequences .and procedures 
and for coordinating all portions of tbe Work under 
the Contract. 

10.2 Unless otherwise specifically noted, the Contractor 
shall provide and pay for all labor, materials, equipment, 
tools, construction equipment and machinery, water, 
heat, utilities, transportation, and other facilities and 
services necessary for the proper execution and comple¬ 
tion of the Work. 

10.3 The Contractor shall at all times enforce strict 
discipline and good order among his employees, and 
shall not employ on the Work any unfit person or any¬ 
one not skilled in the task assigned to him. 

10.4 The Contractor warrants to the Owner and the 
Architect that all materials and equipment incorporated 
in the Work will be new unless otherwise specified, and 
that all Work will be of good quality, free from faults 
and defects arid in conformance with the Contract Docu¬ 
ments. AM Work not so conforming to these standards 
may be considered defective. 

10.5 The Contractor shall pay all sales, consumer, use 
and other similar taxes required by law and shall secure 
all permits, fees and licenses necessary for the execution 
of the Work. 

10.6 The Contractor shall give all notices and comply 
with all laws, ordinances, rules, regulations, and orders 
of any public authority bearing on the performance of 


AIA DOCUMENT A107 • SMALL CONSTRUCTION CONTRACT • JANUARY 1974 EDITION • AIA® • ©1974 
THE AMERICAN INSTITUTE OF ARCHITECTS, 173S NEW YORK AVE., N.W., WASHINGTON, D. C. 20006 









the Work, and shall notify the Architect if the Drawings 
and Specifications are at variance therewith. 

10.7 The Contractor shall be responsible for the acts 
and omissions of all his employees and all Subcon¬ 
tractors, their agents and employees and all other persons 
performing any of the Work under a contract with the 
Contractor. 

10.8 The Contractor shall review, stamp with his ap¬ 
proval and submit all samples and shop drawings as 
directed for approval of the Architect for conformance 
with the design concept and with the information given 
in the Contract Documents. The Work shall be in ac¬ 
cordance with approved samples and shop drawings. 

10.9 The Contractor at all times shall keep the premises 
free from accumulation of waste materials or rubbish 
caused by his operations. At the completion of the Work 
he shall remove all his waste materials and rubbish from 
and about the Project as well as his tools, construction 
equipment, machinery and surplus materials, and shall 
clean all glass surfaces and shall leave the Work "broom 
clean" or its equivalent, except as otherwise specified. 

10.10 The Contractor shall indemnify and hold harmless 
the Owner and the Architect and their agents and em¬ 
ployees from and against all claims, damages, losses and 
expenses including attorneys' fees arising out of or result¬ 
ing from the performance of the Work, provided that 
any such claim, damage, loss or expense (1) is attribut¬ 
able to bodily injury, sickness, disease or death, or to 
injury to or destruction of tangible property (other than 
the Work itself) including the loss of use resulting there¬ 
from, and (2) is caused in whole or in part by any 
negligent act or omission of the Contractor, any Sub¬ 
contractor, anyone directly or indirectly employed by any 
of them or anyone for whose acts any of them may be 
liable, regardless of whether or not it is caused in part 
by a party indemnified hereunder. In any and all claims 
against the Owner or the Architect or any of their agents 
or employees by any employee of the Contractor, any 
Subcontractor, anyone directly or indirectly employed by 
any of them or anyone for whose acts any of them may 
be liable, the indemnification obligation under this Para¬ 
graph 10.10 shall not be limited in any way by any limi¬ 
tation on the amount or type of damages, compensation 
or benefits payable by or for the Contractor or any Sub¬ 
contractor under workmen's compensation acts, dis¬ 
ability benefit acts or other employee benefit acts. The 
obligations of the Contractor under this Paragraph 10.10 
shall not extend to the liability of the Architect, his 
agents or employees arising out of (1) the preparation 
or approval of maps, drawings, opinions, reports, sur¬ 
veys, Change Orders, designs or specifications, or (2) the 
giving of or the failure to give directions or instructions 
by the Architect, his agents or employees provided such 
giving or failure to give is .the primary cause of the 
injury or damage. 

ARTICLE 11 
SUBCONTRACTS 

11.1 A Subcontractor is a person who has a direct 
contract with the Contractor to perform any of the Work 
at the site. 
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11.2 Unless otherwise specified in the Contract Docu¬ 
ments or in the Instructions to Bidders, the Contractor, 
as soon as practicable after the award of the Contract, 
shall furnish to the Architect in writing a list of the 
names of Subcontractors proposed for the principal por¬ 
tions of the Work. The Contractor shall not employ any 
Subcontractor to whom the Architect or the Owner may 
have a reasonable objection. The Contractor shall not 
be required to employ any Subcontractor to whom he 
has a reasonable objection. Contracts between the Con¬ 
tractor and the Subcontractor shall be in accordance with 
the terms of this Agreement and shall include the General 
Conditions of this Agreement insofar as applicable. 

ARTICLE 12 

SEPARATE CONTRACTS 

12.1 The Owner reserves the right to award other con¬ 
tracts in connection with other portions of the Project 
or other work on the site under these or similar Condi¬ 
tions of the Contract. 

12.2 The Contractor shall afford other contractors rea¬ 
sonable opportunity for the introduction and storage of 
their materials and equipment and the execution of their 
work, and shall properly connect and coordinate his 
Work with theirs. 

12.3 Any costs caused by defective or ill-timed work 
shall be borne by the party responsible therefor. 

ARTICLE 13 

ROYALTIES AND PATENTS 

The Contractor shall pay all royalties and license fees. 
The Contractor shall defend all suits or claims for in¬ 
fringement of any patent rights and shall save the Owner 
harmless from loss on account thereof. 

ARTICLE 14 

ARBITRATION 

All claims or disputes arising out of this Contract or the 
breach thereof shall be decided by arbitration in accord¬ 
ance with the Construction Industry Arbitration Rules of 
the American Arbitration Association then obtaining un¬ 
less the parties mutually agree otherwise. Notice of the 
demand for arbitration shall be filed in writing with the 
other party to the Contract and with the American Arbi¬ 
tration Association and shall be made within a reasonable 
time after the dispute has arisen. 

ARTICLE 15 
TIME 

15.1 All time limits stated in the Contract Documents 
are of the essence of the Contract. 

15.2 If the Contractor is delayed at any time in the 
progress of the Work by changes ordered in the Work, 
by labor disputes, fire, unusual delay in transportation, 
unavoidable casualties, causes beyond the Contractor's 
control, or by any cause which the Architect may de¬ 
termine justifies the delay, then the Contract Time shall 
be extended by Change Order for such reasonable time 
as the Architect may determine. 
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ARTICLE 16 
PAYMENTS 

16.1 Payments shall be made as provided in Article 4 
of this Agreement. 

16.2 Payments may be withheld on account of (1) de¬ 
fective Work not remedied, (2) claims filed, (3) failure 
of the Contractor to make payments properly to Sub¬ 
contractors or for labor, materials, or equipment, (4) 
damage to another contractor, or (5) unsatisfactory prose¬ 
cution of the Work by the Contractor. 

16.3 Final payment shall not be due until the Con¬ 
tractor has delivered to the Owner a complete release of 
all liens arising out of this Contract or receipts in full 
covering all labor, materials and equipment for which a 
lien could be filed, or a bond satisfactory to the Owner 
indemnifying him against any lien. 

16.4 The making of final payment shall constitute a 
waiver of all claims by the Owner except those arising 
from (1) unsettled liens, (2) faulty or defective Work ap¬ 
pearing after Substantial Completion, (3) failure of the 
Work to comply with the requirements of the Contract 
Documents, or (4) terms of any special guarantees re¬ 
quired by the Contract Documents. The acceptance 
of final payment shall constitute a waiver of all claims 
by the Contractor except those previously made in writ¬ 
ing and still unsettled. 

ARTICLE 17 

PROTECTION OF PERSONS AND PROPERTY 

The Contractor shall be responsible for initiating, main¬ 
taining, and supervising all safety precautions and pro¬ 
grams in connection with the Work. Me shall take'all 
reasonable precautions for the safety of, and shall provide 
all reasonable protection to prevent damage, injury or 
loss to (1) all employees.on the Work and other persons 
who may be affected thereby, (2) all the Work and all 
materials and equipment to be incorporated therein, 
and (3) other property at the site or adjacent thereto. 
He shall comply with all applicable laws, ordinances, 
rules, regulations and orders of any public authority 
having jurisdiction for the safety of persons or property 
or to protect them from damage, injury or loss. All 
damage or loss to any property caused in whole or in 
part by the Contractor, any Subcontractor, any Sub¬ 
subcontractor or anyone directly or indirectly employed 
by any of them, or by anyone for whose acts any of 
them may be liable, shall be remedied by the Contractor, 
except damage or loss attributable to faulty Drawings or 
Specifications or to the acts or omissions of the Owner 
or Architect of anyone employed by either of them or 
for whose acts either of them may be liable but which 
are not attributable to the fault or negligence of the 
Contractor. 

ARTICLE 18 

CONTRACTOR'S LIABILITY INSURANCE 

The Contractor and each separate Contractor shall pur¬ 
chase, and maintain such insurance as will protect him 
from claims under workmen's compensation acts and 


other employee benefit acts, from claims for damages 
because of bodily injury, including death, and from claims 
for damages to property which may arise out of or result 
from the Contractor's operations under this Contract, 
whether such operations be by himself or by any Sub¬ 
contractor or anyone directly or indirectly employed by 
any of them. This insurance shall be written for not less 
than any limits of liability specified as part of this Con¬ 
tract, or required by law, whichever is the greater, and 
shall include contractual liability insurance as applicable 
to the Contractor's obligations under Paragraph 10.10. 
Certificates of such insurance shall be filed with the 
Owner and each separate Contractor. 


ARTICLE 19 

OWNER'S LIABILITY INSURANCE 

The Owner shall be responsible for purchasing and 
maintaining his own liability insurance and, at his op¬ 
tion, may maintain such insurance as will protect him 
against claims which may arise from operations under 
the Contract. 


ARTICLE 20 
PROPERTY INSURANCE 

20.1 Unless otherwise provided, the Owner shall pur¬ 
chase and maintain property insurance upon the entire 
Work at the site to the full insurable'value-thereof. This 
insurance shall include the interests of the Owner, the 
Contractor, Subcontractors and Sub-subcontractors in the 
Work and shall insure against the perils of Fire, Extended 
.Coverage, Vandalism and Malicious Mischief. 

20.2 Any insured loss is to be adjusted with the Owner 
and made payable to the Owner as trustee for the 
insureds, as their interests may appear, subject to the 
requirements of any mortgagee clause. 

20.3 The Owner shall file a copy of all policies with 
the Contractor prior to the commencement of the Work. 

20.4 The Owner and Contractor waive all rights against 
each other for damages caused by fire or other perils 
to the extent covered by insurance provided under this 
paragraph. The Contractor shall require similar waivers 
by Subcontractors and Sub-subcontractors. 


ARTICLE 21 

CHANGES IN THE WORK 

21.1 The Owner without invalidating the Contract may 
order Changes in the Work consisting of additions, de¬ 
letions, or modifications, the Contract Sum and the Con¬ 
tract Time being adjusted accordingly. All such Changes 
in the Work shall be authorized b^ written Change Order 
signed by the Owner or the Architect as his duly author¬ 
ized agent. 

21.2 The Contract Sum and the Contract Time may be 
changed only by Change Order. 

21.3 The cost or credit to the Owner from a Change in 
the Work shall be determined by mutual agreement. 
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ARTICLE 22 

CORRECTION OF WORK 

The Contractor shall correct any Work that fails to con¬ 
form to the requirements of the Contract Documents 
where such failure to conform appears during the 
progress of the Work, and shall remedy any defects 
due to faulty materials, equipment or workmanship which 
appear within a period of one year from the Date of 
Substantial Completion of the Contract or within such 
longer period of time as may be prescribed by law or by 
the terms of any applicable special guarantee required 
by the Contract Documents. The provisions of this Article 
22 apply to Work done by Subcontractors as well as to 
Work done by direct employees of the Contractor. 

ARTICLE 23 

TERMINATION BY THE CONTRACTOR 

If the Architect fails to issue a Certificate of Payment 
for a period of thirty days through no fault of the Con¬ 
tractor, or if the Owner fails to make payment thereon 
for a period of thirty days, the Contractor may, upon 
seven days' written notice to the Owner and the Archi¬ 
tect, terminate the Contract and recover from the Owner 


payment for all Work executed and for any proven loss 
sustained upon any materials, equipment, tools, and 
construction equipment and machinery, including rea¬ 
sonable profit and damages. 

ARTICLE 24 

TERMINATION BY THE OWNER 

If the Contractor defaults or neglects to carry out the 
Work in accordance with the Contract Documents or 
fails to perform any provision of the Contract, the Owner 
may, after seven days' written notice to the Contractor 
and without prejudice to any other remedy he may have, 
make good such deficiencies and may deduct the cost 
thereof from the payment then or thereafter due -the 
Contractor or, at his option, may terminate the Contract 
and take possession of the site and of all materials, equip¬ 
ment, tools, and construction equipment and machinery 
thereon owned by the Contractor and may finish the 
Work by whatever method he may deem expedient, and 
if the unpaid balance of the Contract Sum exceeds the 
expense of finishing the Work, such excess shall be paid 
to the Contractor, but if such expense exceeds such 
unpaid balance, the Contractor shall pay the difference 
to the Owner. 


ARTICLE 25 

MISCELLANEOUS PROVISIONS 

25.1 The Contractor shall not assign any interest in this Contract and shall not 
transfer any interest in the same (whether by assignment or novation) without prior 
written approval of the Owner; provided, however, that claims for money due or to 
be coxae due to the Contractor from the Owner under this Contract may be assigned to 
a bank, trust company, or other financial institution or to a trustee in bankruptcy 
without such approval. Notice of such assignment or transfer shall be promptly 
furnished to the Owner, and the Owner shall not -be responsible for the payment of 
any sum to any assignee or the Contractor until such time as it has received writ¬ 
ten notice of the assignment or transfer. 

25.2 It is understood and agreed by and between the Contractor and Owner that all 
nay able under this agreement are only to be paid from funds provided for this 

project, and the Contract is not-a general obligation of the City of Fort Wayne or 
its Board of public Works. 

ARTICLE 26 

EQUAL OPPORTUNITY CLAUSE 


During the performance of this Contract, the Contractor agrees as followss 

26.1 The Contractor will not discriminate against ary employee or applicant for 
employment because of race, color, religion, sex, or national origin. The Contrac¬ 
tor will take affirmative action to ensure that, applicants are employed, andi that, 
employees are treated during employment, without regard to their race, color, relig¬ 
ion, sex, or national origin. Such action shall include, but not be limited to, 
the following: employment, upgrading, demotion, or transfer; recruitment or re¬ 
cruitment advertising; layoff or termination; rates of pay or other forms of com 
pensation; and selection for training, including apprenticeship. The Contractor 
agrees to cost in conspicuous places, available to employees and applicants for em- 
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ployment, notices to be provided setting forth the provisions of this nondiscrimina¬ 
tion clause. 


26.2 The Contractor will, in all solicitations or advertisements for employees 
placed by or on behalf of the Contractor, state that all qualified applicants will 
receive consideration for employment without regard to "race, color, religion, sex, 
or national origin. 

26.5 The Contractor will send to each labor union or representative of workers 
with which he has a collective bargaining agreement, or other contract or under¬ 
standing, a notice to be provided advising the said labor union or workers 1 repre¬ 
sentatives of the Contractor's commitments under this section, and shall post copies 
of the notice in conspicuous places available to employees and applicants for em¬ 
ployment. 

26.4 The Contractor will comply with all provisions of Executive Order 11246 of 
September 24, 1965 and of the rules, regulations, and relevant orders of the Secre¬ 
tary of Labor. 

2 6.5 The Contractor will furnish all information and reports required by Executive 
Order 11246 of September 24, 1965 and by rules, regulations, and orders of the Sec¬ 
retary of Labor or pursuant thereto, and he will permit access to his books, records, 
and accounts by the administering agency and the Secretary of Labor for purposes of 
investigation to ascertain compliance with such rules, regulations, and orders. 

26.6 In the event of the Contractor's noncompliance with the nondiscrimination 
clauses of this Contract or with any of the said rules, regulations, or orders, this 
Contract may be canceled, terminated, or suspended in whole or in part and the Con¬ 
tractor may be declared ineligible for further Government contracts or federally 
assisted construction contracts in accordance with procedures authorized in Execu¬ 
tive Order 11246 of September 24, 1965 , and such other sanctions may be imposed and 
remedies invoked as provided in Executive Order 11246 of September 24, 1965 or by 
rule, regulation, or order of the Secretary of Labor or as otherwise provided by law. 

26.7 The Contractor will included the portion of the sentence immediately preceding 
paragraph 26.1 and the provisions of paragraphs 26.1 through 26.7 in every subcon¬ 
tract or purchase order unless exempted by rules, regulations, or orders of the Sec¬ 
retary of Labor issued pursuant to Section 204 of Executive Order 11246 of Septem¬ 
ber 24, 1965 so that such provisions will be binding upon each subcontractor or 
vendor. The Contractor will take such action with respect to any subcontract or 
purchase order as the administering agency may direct as means of enforcing such pro¬ 
visions, including sanctions for noncompliancej provided, however, that in the 
event the Contractor becomes involved in, or is threatened with, litigation with a 
subcontractor or vendor as a result of such direction by the administering agency, 
the Contractor may request the United States to enter into such litigation to pro¬ 
tect the interests of the United States. 


This Agreement executed the day and year first written above. 


OWNER 


City of Fort Wayne, Indiana 
(by its Board of public Works^ 


CONTRACTOR E.A.Reim Flbg & Htg, Inc. 
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Fidelity and Deposit Company 

home office OF MARYLAND Baltimore, md. 21203 


Performance SS©iad 


KNOW ALL MEN BY THESE PRESENTS: 

That E.A. REIM PLUMBING & HEATING INC. 




.2-2.02-s.--Calh QU ri..StreRt-,^FoTt-Wayne,_^Iiidi.ana-.4fi8fl2. 

as Principal, hereinafter called Contractor, and Fidelity and Deposit Company of Maryland, a corpora¬ 
tion of the State of Maryland, with its home office in the City of Baltimore, Maryland, U. S. A., as Surety, 
hereinafter called Surety, are held and firmly bound unto.____ 

..FORT..WMM£..B.QARD...QF..MORKS.j...R.qqki.. 920...,...Due. -Main..Str.ee.t,-£Qr-t-!;Iayne,—In-4680? 

(Here insert the name and address or legal title of the Owner) 

as Obligee, hereinafter called Owner, 

in the amount of.THREE . THOUSAND SIX. HUNDRED. FOURTY AND..N0/100-.---.-r-tr.^r^r.^.-r.r.r.T.r.--- 


Dollars ($-..3^-640 .-00 _tor the payment whereof Contractor and Surety bind themselves, 

their heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 

WHEREAS, Contractor has by written agreement dated. December. .29 ,.19..76.., 

entered into a contract with Owner for Mechdncicil Work on Conversion — Nsbr^skciCoTTU.niLy 
Center, 1716 W. Main Street, Fort Wayne, Indiana 
(pe rp la n sa ndsp ecification s) 

in accordance with drawings and specifications prepared by........ 


(Here insert full name, title and address) 

which contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 

NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, if Contractor 
shall promptly and faithfully perform said contract, then this obligation shall be null and void; otherwise 
it shall remain in full force and effect. 

The Surety hereby waives notice of any alteration or extension of time made by the Owner. 

Whenever Contractor shall be, and declared by Owner to be in default under the Contract, the Owner 
having performed Owner’s obligations thereunder, the Surety may promptly remedy the default, or shall 
promptly 

(1) Complete the Contract in accordance with its terms and conditions, or 

(2) Obtain a bid or bids for completing the Contract in accordance with its terms and condi¬ 
tions, and upon determination by Surety of the lowest responsible bidder, or, if the Owner elects, upon 
determination by the Owner and Surety jointly of the lowest responsible bidder, arrange for a contract 
between such bidder and Owner, and make available as work progresses (even though there should be 
a default or a succession of defaults under the contract or contracts of completion arranged under this 
paragraph) sufficient funds to pay the cost of completion less the balance of the contract price; but not 
exceeding, including other costs and damages for which the Surety may be liable hereunder, the amount 
set forth in the first paragraph hereof. The term “balance of the contract price,” as used in this para¬ 
graph, shall mean the total amount payable by Owner to Contractor under the Contract and any 
amendments thereto, less the amount properly paid by Owner to Contractor. 

Any suit under this bond must be instituted before the expiration of two (2) years from the date on 
which final payment under the contract falls due. 

No right of action shall accrue on this bond to or for the use of any person or corporation other than 
the Owner named herein or the heirs, executors, administrators or successors of Owner. . L T ' 


Signed and sealed this..day of.December.L.A.D. 19.7.6... 



C309c~ 






























Power of Attorney 

FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE: BALTIMORE, MD. 

Know All Men By These Presents: That the Fidelity and Deposit Company of Maryland, a corpora¬ 
tion of the State of Maryland, by JOHN Co GARDNER , Vice-President, and Co Mo PECOT, JR. , 
Assistant Secretary, in pursuance of authority granted by Article VI, Section 2, of the By-Laws of said Com¬ 
pany, which reads as follows: 

* " J he , Present, or any one of the Executive Vice-Presidents, or any one of the additional Vice-Presidents specially authorized 
so to do by the Board of Directors or by the Executive Committee, shall have power, by and with the concurrence of the Sec¬ 
retary or any one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Resident Assistant Secretaries and Attorneys- 
Pj Ct as , the b , u . slness of thf : Company may require, or to authorize any person or persons to execute on behalf of the Company any 
bonds, undertakings, recognizances, stipulations, policies, contracts, agreements, deeds, and releases and assignments of judgments, 
decrees, mortgages and instruments in the nature of mortgages, and also all other instruments and documents which the business of 
the Company may require, and to affix the seal of the Company thereto." 

does hereby nominate, constitute and appoint Gerald Clancy of Port Wayne, Indiana. 


its trueUnd lawful agent and Attorney-in-Fact, to make, execute, seal and deliver, for, and on its behalf as 
surety, and as its act and deed: any and all bonds and undertakings, each in a penalty 
not to exceed the sum of TWO HUNDRED FIFTY THOUSAND DOLLARS C$250.0 00). 

And the execution oi such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as if they had been duly executed and acknowledged 
by the regularly elected officers of the Company at its office in Baltimore, Md., in their own proper persons. 


The said Assistant Secretary does hereby certify that the aforegoing is a true copy of Article VI, Section 2, of the By-Laws of 
said Company, and is now in force. 

In Witness Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed 
their names and affixed the Corporate Seal of the said Fidelity and Deposit Company of Maryland, this 

.21st.day of.J.a»ua£y. f A.D. 19.75..-. 

Attest: FIDELITY AND DEPOSIT COMPANY OF MARYLAND 


(Signed) 


(Seal) 

State of Maryland 
City of Baltimore 


CoM.PECOTjJRo 
Assistant Secretary 


By. 


. JOHN. G.*...GARDNER. 
Vice-President 


On this 21st day of JanuaJTy , A.D. 19 75 > before the subscriber, a Notary Public of the State of 

Maryland, in and for the City of Baltimore, duly commissioned and qualified, came the above-named Vice-President and Assistant 
Secretary of the Fidelity and Deposit Company of Maryland, to me personally known to be the individuals and officers described 
in and vvho executed the preceding instrument, and they each acknowledged the execution of the same, and being by me duly sworn 
severally and each for himself deposeth and saith, that they are the said officers of the Company aforesaid, and that the seal affixed 
to the preceding instrument is the Corporate Seal of said Company, and that the said Corporate Seal and their signatures as such 
officers were duly affixed and subscribed to the said instrument by the authority and direction of the said Corporation. 

In Testimony Whereof, I have hereunto set my hand and affixed my Official Seal, at the City of Baltimore, the day and year 
first above written. 


(Signed) 


.MELIKDA-To-HAUS. 


(Seal) 


Notary Public Commission Expires.. July.. I.,... 19.7.8 


CERTIFICATE 

I, the undersigned. Assistant Secretary of the Fidelity and Deposit Company of Maryland, do herebv certify that the original 
Power of Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date'of this certificate; and I 
do further certify that the Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents spe¬ 
cially authorized by the Board of Directors to appoint any Attorney-in-Fact as provided in Article VI, Section 2 of the By-Laws of 
the Fidelity and Deposit Company of Maryland. 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the 
Fidelity and Deposit Company of Maryland at a meeting duly called and held on the 16th day of July, 1969. 

Resolved: ‘‘That the facsimile or mechanically reproduced signature of any Assistant Secretary of the Company, whether 
made heretofore or hereafter, wherever appearing upon a certified copy of any power of attorney issued by the Company, shall be 
valid and binding upon the Company with the same force and effect as though manually affixed.” 

In Testimony Whereof, I have hereunto subscribed my name and affixed the corporate seal of the said Company this 

..29th .day of. December . 10 76 



W. 'Jaqu^' '6 r " fjt'i c Pres t iJent " 
FIDELITY AND/DEPOSIT COMPANY OF. : MARYLAND 


. B> '''^e«^''ClanQyT^tWr5^1n :; fa(iz^ 
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• • TITLE Or 0:-j.)l :, A'iC£ SPEC IAL ORDI NANC E - CONTRACT of e. a. keim PLUMB ING & HEATING, INC. 
NEBRASKA COMMUNITY CENTER ~ 

IhEARTjUFf RL'-QUc-STIMG CJtDiS'lCE board of public works and c d & p 


. , 77 -<? 

SY**K3PSIS Oh ORDIi-'ArlCE contract of e. a. reim plumbing & heating, inc. in amount 


V- 


OF $3.640.00 FOR MECHANICAL CONSTRUCTION CONVERSION UPGRADING TO THE EXTENT REQUIRED 
B Y TAW. AND PARTIAL RENOVATION OF OLD FORT WAYNE FIRE ENGINE HOUSE #7, 1716 WEST MAIN 

STREET f FORT WAYNE, INDIANA FOR USE AS A COMMUNITY CENTER AND OFFICE FACILITY FOR 


N EBRASKA NEIGHBORHOOD ASSOCIATION. ALLEN CO. ECONOMIC OPPORTUNITY COUNCIL AND ALLIED 
SOCTAT, AND GOVERNMENTAL AGENCIES. •' 

_’_ THIS IS LOWER OF IWO BIDS _ ' 

_ (SEF. ATTACHED TABULATION) __ ' 

(PRIOR APPROVAL WAS GIVEN BY COUNCIL ON JANUARY 25, 1977) 


EFFECT OF PASSAGE ability to use building. 


EFFECT OF r IQ'J-PASSAGE inability to use building. 


f’AEY INVOLVED (Direct costs. Expenditures, Savings)allen co. ec. opp. council • 

- FP H DE T " $10,0 00 

TOTAL PROJECT COSTS, HAWK $22,285. . ____CRIMINAL JUSTICE FUNDS. 5,'555- 


~REIM-376407 

1,711. 


"~$27,6367" 


COMM. DEV. & PLANNING FUNDS 12,081- 


ftSSKua) TO CQOTTTEF. / „ 


EP 





















































